March  13,  2018 


Rich  Sarian 
Operations  Manager 
Hollywood  Property  Owners  Alliance 
Rich  (5)  hollywoodbid.org 

Ph:  323-463-6767 

Hollywood  Blvd  Decoration  Installation  Proposal  2018 

Installation,  Removal  &  Storage 


SUMMARY  REPORT: 

Installation/Removal  of  Twenty-seven  (27)  8'  Custom  Red  &  Silver  Star  Pole  mounts  &  Hardware 
Installation/Removal  of  Twenty-seven  (27)  Commercial  Garland  Pole  Wraps 
Installation  &  Removal  &  Storage  fee  for  1  year. 

Refurbishment  of  decor  included  for  one  year 

DETAILED  REPORT: 

Location  Al:  One  block  East  and  West  of  Hollywood  &  Vine  intersection 
Northwest  &  Southwest  both  sides  of  the  street  on  Hollywood:  Four  (4)  Light  poles  with  8'  Pole  Mounts 

Installation  of  Client  owned  8'  Custom  LED  Holiday  Pole  Mounts  with  faceplate  bracket  system  on  four  city  light  poles  on 
both  sides  of  street  on  Hollywood  Blvd  one  block  West  of  Vine.  Holiday  Pole  Mounts  are  made  with  LED  rope  light  material 
and  carpet  grass  and  sequins  for  daytime  appeal.  Power  source  receptacle  on  light  poles.  Seasonal  Decor,  removed  and 
installed  once  a  year.  Note  Condition  of  Decor  is  Unknown. 

Location  A2:  One  block  East  and  West  of  Hollywood  &  Vine  intersection 
Northeast  &  Southeast  both  sides  of  the  street  on  Hollywood:  Five  (5)  Light  poles  with  8'  Pole  Mounts 

Installation  of  Client  owned  8'  Custom  LED  Holiday  Pole  Mounts  with  faceplate  bracket  system  on  four  city  light  poles  on 
both  sides  of  street  on  Hollywood  Blvd  one  block  East  of  Vine.  Holiday  Pole  Mounts  are  made  with  LED  rope  light  material 
and  carpet  grass  and  sequins  for  daytime  appeal.  Power  source  receptacle  on  light  poles.  Seasonal  Decor,  removed  and 
installed  once  a  year. 

Location  Bl:  One  block  East  and  West  of  Hollywood  &  Highland  intersection 
Northwest  &  Southwest  both  sides  of  the  street  on  Hollywood:  Eleven  (11)  Light  poles  with  8'  Pole  Mounts 

Installation  of  Client  owned  8'  Custom  LED  Holiday  Pole  Mounts  with  faceplate  bracket  system  on  four  city  light  poles  on 
both  sides  of  street  on  Hollywood  Blvd  one  block  West  of  Highland.  Holiday  Pole  Mounts  are  made  with  LED  rope  light 
material  and  carpet  grass  and  sequins  for  daytime  appeal.  Power  source  receptacle  on  light  poles.  Seasonal  Decor,  removed 
and  installed  once  a  year. 

Location  B2:  One  block  East  and  West  of  Hollywood  &  Highland  intersection 
Northeast  &  Southeast  both  sides  of  the  street  on  Hollywood:  Seven  (7)  Light  poles  with  8'  Pole  Mounts 

Installation  of  Client  owned  8'  Custom  LED  Holiday  Pole  Mounts  with  faceplate  bracket  system  on  four  city  light  poles  on 
both  sides  of  street  on  Hollywood  Blvd  one  block  East  of  Highland.  Holiday  Pole  Mounts  are  made  with  LED  rope  light 
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material  and  carpet  grass  and  sequins  for  daytime  appeal.  Power  source  receptacle  on  light  poles.  Seasonal  Decor,  removed 
and  installed  once  a  year. 

Additional  Decor  in  All  Locations 


Decorated  Commercial  Green  Garland  with  LED  lights:  Twenty-seven  (27)  City  Light  Poles 

BrightLife  will  install  Client  owned  27'  of  Commercial  garland  (lighted)  around  the  street  light  poles.  Garland  is  decorated  in 
Red  &  Silver  ornaments.  Garland  will  be  thick  foliage  with  approximately  a  11"  diameter.  Attached  just  below  the  pole 
mounts  and  continuing  down  the  pole  just  like  previous  years.  Seasonal  Decor,  removed  and  installed  once  a  year. 

CHALLENGES: 

Condition  of  decor  unknown,  we  will  pick  up  the  decorations  inventory  the  items  and  make  the  client  aware  of  any 
damages  or  decor  that  needs  replaced. 


Rental: 

Purchase: 
Installation  Date: 

Strike  Date: 
Installation  Address: 
Optional  Insurance: 


N/A 

Installation  &  Removal  Services 
Nov.  2018 

First  Week  of  January  2019 

Hollywood  Blvd,  Highland  and  Vine  Intersections 

Insurance  Certificates,  WoS  for  $200.  Accepted 


Amount  Due  upon  Acceptance  of  Proposal  $18,475.00 
Amount  Due  Prior  to  Installation  Commencing  $18,475.00 

Total  $36,950.00 

To  execute  this  agreement,  sign  this  proposal  and  the  Terms  and  Conditions.  Please  note  the  payment  schedule  above,  in  addition  any 
delinquent  accounts  with  a  past  due  balances  are  subject  to  a  $50.00  late  fee.  Upon  receipt  of  initial  payment,  the  dates  of  installation 
&  removal  will  be  secured.  This  quote  is  valid  for  30  days.  Thank  you. 


Sincerely, 


Authorized  Signer 


Printed  Name  Date 


BrightLife  Designs  LLC 

7755  Central  Avenue,  Suite  1100  Huntington  Beach,  CA  92647 
Phone:  714-326-8326;  Cell  :541-206-4650 
www.Brightlifedesigns.com 


